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ID_ Task  Name_ Duration_ Start_ Finish_ Mean  Pur 

"FLS  Increment  2  Requirements  Analysis  -  Phase  1"  continued 


Date:  1 0/20/98  1 0:47:08  AM  Cost  Std  Deviation:  $1 7.290 

Number  of  Samples:  1 4  95%  Confidence  Interval:  $9,057 

Unique  ID:  1  Each  bar  represents  $4,999 

Name:  FLS  Increment  2  Requirements  Analysis  -  Phase  1 
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FLS  Increment  2  Requiri  53d  2/17/98  4/30/98  e2.7d 


Date:  1 0/20/98  1 0:47:08  AM  ComDietion  Std  Deviation:  2.7cl 

Number  of  Samples:  14  95%  Confidence  Interval:  1.4d 

Unique  ID:  1  Each  bar  represents  1  d. 

Name:  FLS  Increment  2  Requirements  Analysis  -  Phase  1 
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